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ACTIVITY PROGRAM 


1. PURPOSE: To accomplish all modifications on Article 343 to configure it 


in an equivalent manner to other assigned J-57 aircraft. Article 378 end 353 
presently at [BJ do not have LAC Service Bulletin Number 369 accomplished. 
This Service Bulletin provided an improved Wing Vent System. Without this modi- 
fication, during descent the low fuel level light normally lights indicating @ 
fuel scarcity giving the pilot no recourse other than to declare an emergency 
condition requiring immediate Letdown. Article 343 is required as a substitute 
for one of the aforementioned aircraft in order that they may return to the states 
for accomplishment: of the Fuel Vent System Service Bulletin. 


2 Description of Work or Services Required: Install the following Service 
Bulletins with kit prices and installation prices as indicated. 


S/B Noe Kit Mfg. Price Kit Install Price REMARKS 
380 Section I Deletion of "Cc" $2,340.00 $1,100.00 wneeenen 
Provisions F 
Section II Provisions for f 
F-2 Foil H 


Section III Provisions for 
pe! Platform 


295 FOG Weather Package Prov. 393.00 470.00 snenenae 
2he Re-arrengement of 0, Bottles 450.00 250.00 aeeeewoe 


and Installation of System 
TII Provisions 


2h8 To Provide Ships Wiring for 
Installation of System VI No Cost Kit Avail. 
257 Wiring Provisions - Sys. VI No Cost Kit Avail. 
268 Provisions for Attaching 906.00 1,830.00 ef 
System VI Lower Antenna ees 
ef2 System VI Nose Antenna. 
Provisions & Ships Wire 475.00 
300 Provisions for Instellation 
of Upper Antenna (System VI) 990.00 
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3- Expected Additional or Related Work or Services: None 


h, Total Estimated Cost: $9,204.00 - Funds were not programmed by the DPD 
for the accomplishment of this task, however, sufficient funds are availalbe in 


Contract LAC SP-1918 to which the task may be “Ee bole 0 25X1 A 
5. Delivery Schedule or Period of Performance: It is ef imated that the ; 


a 


aircraft will be ready to fly by 1 Merch 1960 should the approval be granted to 
proceed immediately. 
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for approval) APPROVED by AC/DPD, since amount 
in Question lies within scope of 
pera delegation of authority to AC/DPD. 
ae 
LAS) f f ( 
Ell 60 
ca a we 
— 
Deputy Director 
_eoo{Plens) 
7. Conditions of Approval: | 
25x14 _ MB/DPD-DD/ mrs 
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